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June 11, 1957 
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Reference: Contract #RO-113, Task Order III 
Subject: Request for Extension of Time 


Gentlemen: 


In conjunction with your Project Engineer we have recently com* 
pleted a project review and scheduled estimate of completion. 

During April of 1957, the scope of this work was expanded to in* 
elude specific additions such as: 


1. Automatic aperture controls 

2 . Purchase of designated lenses 

3. Remote power supply with radio control 


As a result, additional time will be required for completion of the 
prototype system, incorporating these requested features. We have carefully 
analyzed the work remaining and will require an additional fifteen weeks time. 
It is, therefore, requested that the delivery date for this prototype system be 
deferred to September 30, 1957. We trust that you will find this request 
acceptable. 


HRG:aw 
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